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lo In 1957^ -Ua© EntT^urfsbuero (planning office) of the East Oertma Postea 
Sqtv±q& received an order from the Qiiarterciaster of th© 

Hatlonale Streitkraeft© Dienststell© Straus'tog i 
jStrausb®rg headquarters of th© National Anasd Forces) fo: 
th© projecting of an underground transmitting station 
according to preliminary projects drawn up by FFAB (Fuak- 
und Fornmsldeanlagenbau Berlin) {radio and telecosmunleation 
equipaent plant) « This order v^as to be troated as 
cJlassifiod mterialo Th© project was designated 
SES Stmi^ bergo The significance of ”SES” was not knoT-m f 

L I 2a a m© 0 ting v-Jith FFAB representative Manser 

(electrical engineer) it was learned . that the project 25X1 

involved a large aerial array Projects for the interior 
equijaaent of the station were not completed pending final 
specification by the clients 

2d The station was to located south of the Berlin- 25X1 

Muencheberg-dCuestrin highway No 5p east of Her^felde^ and 
in line with the localities of Kagel and Lichtenowo^ 

3o Th© construction work was to be carried out by th© 

Frankfurt/Oder ¥EB Bauuniono A work supervision office and 
temporary buildings for the accoKEodation of 120 workers 
were available at Herzfeldso A total of 3 million 
©astsaarks was to b© invested « 


4o Th® entire project SES Strausberg was a classified matter^ 
ail persons , involved were bound to secrecyo Relevant data 
wer© not to be sent by mall but to. b© carried by 
msssangers^ Th© n^ssengers wore ci^liign clothes and 
oarriod NVA identification cards 


CUSSIFICATIOM SE(wl 


STATE 

L^J 

f^AVY 


1 NSRB 


Disikibuitoim 

ARMY 


.^SR^ „ 


1 FBI 


}—■ 


and 



Sanitized Copy Approved for Release 2010/06/24 : CIA-RDP80T00246A045600040001-1 



Sanitized Copy Approved for Release 2010/06/24 

, - 


CIA-RDP80T00246A045600040001-1 


25X1 



SUBJECT Projected Radloplant of N?A DATE OP IffiPORT. 20 Oetobes* 1958 

' SES Straxtsterg i 

PLACE ACQUIRED 


LAST REPORT ON SUBJECT 
(If appU«d>Ie) 

ANNEXES 2 - blueprinte 


25X1 


25X1 


25X1 


lo In 1957^ th@ Projecting Office of th® East German Postal 
Ssrudce roceiwd an order from the Qiaarterffiast®r of the 
National© Streitkraefte Dienststelle Straysbarg \r 
■'](Strauabarg headquarters of the National Armed Forces) for 
the projectixig of an underground transmitting station 
according to preliminary projects drawn up by FFAB (Funk- 
iir&d FenKcaldeanlagenbau Berlin) (radio and telecosamunicatlon 
equipment plant) o. This order was to be treated as 
cslassified material «r The project was designated 
SES Strausbergg The signification of SES could not te 
determined. In a a©eti3:ig with FFAB representative Hansel 
(electrical engineer) it was understood that the project 
involved a large aerial arrays Projects for the interior 
©qui|M&ent of the station were uncompleted pending final . 
specification the clients 

2o The station was to bs located south of the Berlin- 

Muenchebarg=^U0Strin highway No 5p east of Herssfeldej^ and 
in line with the localities of Kagel and Lichtenow^ 

3o The construction work was to be carried out by the 

Frankfurt/Oder VI® Bauunion, A work suj^rvision office and 
temporary buildings for the accomsmxiation of 120 workers 
were available at Herzfslde* A total of 3 million 
eastmarks was to be invested, 

4o The entire project SES Stpausberg wm a classified matter, 
all persons involved wi^re bound to secrecy, ^levant data 
were not to sent by imll but to, b© carried by 
messengers 9 The messengers wore civilim clothes end 
carried NVA identification cards <, 
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5o Hxea^tion MO?k waa - 3ta2rfe®<3 la. April 1953 aad b® , | 

QKp2>eteil to hsw b@®a eosplatsi | 1 1© 25X1 

M©^-1958<j th© eos^tructioa ©it© ^as ©p®F(stlo,aalp toiaildiEg 
BaatQriala (gra^l e®iEQBt) M®ra baiag 
liviag ■ quarters H©r© fiaishodp and ms ©uppli^ 

a tranafoimr atationp % late Jus© 1958 th© preliminary 
wrk m© to bo coapl®t®dp Gosorot^ work waa t® b© eterteS 
in July 1958 and th® 'projoet ws slat'©d for ec^pletion 
in th© of 1959o 

6o Goissid@rablQ feottl©n®ck@ mre ®ll®g@dly aneount^red in ‘Ui©- 
deii’c^ory ©f- round ®t®©l grad©I) aaad mr® 

tbreatonlng a d©lay in th© cosEs^cem^nt of th© ©onstruotica 

mrkp. ■' . ' ‘ 


. 1 
Comments For ■blueprints^ see AnneXo 25X1 

....I-.. I I 


COIIFIDEETTIAL .. U.3. OFFICIALS OHli 


Sanitized Copy Approved for Release 2010/06/24 : CIA-RDP80T00246A045600040001-1 



Sanitized Copy Approved for Release 2010/06/24 : CIA-RDP80T00246A045600040001-1 


^ 2 - ' ■ 
S-E-C-R-E-T 

I 25X1 


rjvrc-at'lon vcrk :j}^c &n4 should 

co5£pl€:t®d by the end of May. I?. 

May 1958^ the ccn-; t';.;';cdoa office was set up, buU/t:lia(^' 
matff>riais igraw]. mvi c^tsnLmnt) tlis construction 

workers® qv^srterts vrere finished j> aj;.d rxnmr was suppHiad via 

a t:fansforTJi&r etaticn,^ By hxt^ X95i3 the pi*eii]sdrmy 

worn was to be compl©t€<L; C;^no;rst-^ worn was to bs started 
in v'uly and Uic ’project w&s ^lat^ for coBipCistion 

in ths fall cf 

6 . Caa^iideracle bottlenecks were enooimt^red In the 

d«?liv0ry cf- round st^uel (SOtsSp I) aiad mT-in 

throatertlng a d^lcty in th^ of t2i(3 construction 

\iork ^ 
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